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BILL NO. S-77-10- 




SPECIAL ORDINANCE NO. S- < 3 & ~ 7 ■ 


AN ORDINANCE approving Change Order No. 
1 in connection with Improvement Resol¬ 
ution No. 5723-76. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF 
FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 to Carrington & 
Associates, Inc., in connection with Sidewalk Project involving 
Oxford Comm. Area, Improvement Resolution No. 5723-76, elevation 
change between walk and curb necessitated more backfill dirt and 
seeding, also additional curb was placed which was omitted in 
original contract in the maount of $3,657.05, as set out in the 
specifications, is hereby in all things ratified, confirmed and 
approved. 

SECTION 2. This Ordinance shall be in full force and 
effect from and after its passage and approval by the Mayor. 











Read the 'first time in full and on motion by 


, seconded by 


, and duly adopted, read the second time by title and referred to the 


Committee on_ (and the City Plan Commission for 

recommendation) ahdrPtrMic Hearing to be held afterdue' 

City-Cdtnmy^3uiISing7Fort Wayne, Indiana, on 
of 


bun cil Chambers, 
day 


DATE: 


^'-77 



CITY CLERK 

Read the third time in full and on motion by_ 

seconded by ~X^ _, and duly adopted, placed on its passage. 




PASSED 


by the following vote: 


TOTAL VOTES 

BURNS 

HINGA 

HUNTER 

MOSES 
NUCKOLS 
SCHMIDT, D. 

SCHMIDT, V. 

STIER 

TALARICO 

DATE: 


AYES 

£L 


ABSTAINED 


ABSENT TO-WIT: 






.2^. 


A 


X, 


x 


2 L 


X 


-XL 




CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, as 
( ZONING MA r P)—(C ENERALr)—(ANNEXATION) (SPECIAL) (APFSOPfiiATiON) ORDINANCE 



Approved and signed by me this JA 
at the hour of /6 :&c> o'clock 


CITY CLERK 
day of Kl 


, i 




































































































Bill No, 


S-77-10-29 


we, your Committee on _ 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 
PUBLIC WORKS to whom was referred an Ordinance 


Approving Change Order No., I in connection with Improvement. Resolution 

No. 5723*7 6 


have had said Ordinance under consideration and beg leave to report bactc to the Common 

































To_ 

From 


COPIES TO: 


Subject 


Memorandum 

Board of Public Works _Date Oct. 5, 1977 

Kenneth W. Traylor, Street Engineer ■ 

Change Order Wo. 1 - Oxford Community Association - Res. #5723-76 


Attached find three (3) copies of Change Order Wo. 1 for 
Oxford Community Association, Res. #5723-76. Please execute 
and return two (2) copies to this office for distribution. 



gg- /s' 









CHANGE ORDER 




Change Order No. 1 

Project No. 5723-1976. 

Name of Project ■ Oxford Community Association 

To* Carrington & Associates;, Inc. ___ 

(Contractor) 


' //-/t" '*&>/ 

'77 

Resolution No. 9723-1976 
Board Order No. 43-76 ~~ 

Date Oct. 3,- 1977 


Gentlemen: 


You are 3 hereby requested to 'Comply with the -following changes from the contr&ct plans and 
specifications: 


Item 

No. 

Quantity 

Description of Change 

Unit Price 

Change in Contract Price 

. Material 

Decrease 

Increase 





















i 








Total Decrease 

Total Increase 

Net (Esetehsee) (Increase) Contract Price 

4,584.40 



8,241.45 


3,697.05 


The sum of $ 3,657.09 _ is hereby (added to) (dsdoocbBdcxSasxK) the total contract 

price, and the final contract price shall be. adjusted as follows: 


Original Contract Price $ r _ 89,984.39 

Current Contract Price Adjusted by Previous Change Order $ 

New Contract Price Including this Change Order $ 9TT24l.46 


■ The time provided for completion in the contract for this project is (unchanged) (ircK^cssJt) 

(tfezsjeosssaS:) by__ calendar days due to this Change Order. The date for completion 

of all work shall be_____. Furthermore, this document shall become an 

amendment to the contract and all^provisions of the contract shall apply hereto. 

Recommended b^ , (Chief Street Engineer) Date 10/3/77 


Accepted by: 

r.jE 



(Contractor) Date 'Y // /S 7 / 7 




A ^ <&&& (City Engineer) Date /0/*£>’/'/ "7 


(Owner) Date 






Attested by: 


/v//q/-7 7 

















































Change Order No. i 

Resolution No. 5123-T& 

i a... . 1 Board Order"iNo. 43-76 . 


REQUEST AND JUSTIFICATION FOR CHANGE 


1. Necessity for change: Elevation change between walk and curb necessitated more 

backfill dirt and consequently more seeding was required. Additional curb was 


placed which should have been in the original contract. 


2. Will proposed change alter size of the project? Yes . X No 

If yes, explain: __ _ ___ 


3. Affect on operation and maintenance cost of this project: Less future maintenance, 






































^ VO t 

* » - CARRINGTON & ASSOCIATES, CONTRACTOR 

:#LE OF ORDINANCE SPECIAL ORDINANCE - CHANGE ORDER NO. I - TMPROV. PRS. MD. - nwnpp S£mi 


DEPARTMENT REQUESTING ORDINANCE _ 


BOARD OF PUBLIC WORKS 




77-77 


SYNOPSIS OF ORDINANCE CHANGE ORDER NO. 1 - CARRINGTON A ASSOCIATES^ GONTRACTOR FDR SIDEWALK 
PROJECT INVOLVING OXFORD COMM. AREA, IMPROVEMENT RESOLUTION NO. B7?7-7£ T7r.T^7flrrTmvy gHAITCE BETWEE N 
WALK AND CURB NECESSITATED MORE BACKFILL DIRT AND SEEDING. AT SO AmTTTONfAT, CURB WAS PTA r EP 

WHICH WAS OMITTED IN ORIGINAL CONTRACT. 


(SEE ATTACHED CHANGE ORDER) 


TOTAL REVISED CONTRACT AMOUNT INCLUDING THIS CHANGE IS $93,241.40 


EFFECT OF PASSAGE COMPLETION OF JOB PT.TTS T,F..q.q FTTTTTRt? MaTMrppKf A NCE ng A PE g ULT nTP ^AME 


EFFECT OF NON-PASSAGE EROSION WHERE ELEVATION CHANGE WAS Mara? 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURES, SAVINGS) C D & P FUNDS - 


ASSIGNED TO COMMITTEE 

































